ಕರ್ನಾಟಕ ವಿಧಾನ ಪರಿಷತ್ತು 


1 ಚುಕ್ಕೆ ಗುರುತಿಲ್ಲದ ಪ್ರಶ್ನೆ ಸಂಖ್ಯೆ : 1566 
2. ಸದಸ್ಯರ ಹೆಸರು :.ಶ್ರೀ ಹೆಚ್‌.ಎಂ.ರಮೇಶಗೌಡ 
(ವಿಧಾನಸಭೆಯಿಂದ ಚುನಾಯಿತರಾದವರು) 
3. ಉತ್ತರಿಸಬೇಕಾದ ದಿನಾಂಕ : 18.03.2021. 
ಕೃಸಂ. '  ಪ್ರ್ನೆಗಳು ಉತ್ತರಗಳು 


ಈ) 1ಬಯಲುಸೀಮೆ "ಜಿಲ್ಲೆಗಳಿಗೆ ಹಡಿಯುವ 
| ನೀರನ್ನು ಒದಗಿಸಲು ಎತ್ತಿನಹೊಳೆ 
ಯೋಜನೆಗಾಗಿ ಕಳೆದ 3 ವರ್ಷಗಳಲ್ಲಿ 
ಕೈಗೆತ್ತಿಕೊಳ್ಳಲಾಗಿರುವ ಕಾಮಗಾರಿಗಳು 
ಯಾವುವು; ಈ ' ಕಾಮಗಾರಿಗಳಿಗೆ 
ಮಂಜೂರಾದ ಅನುದಾನವೆಷ್ಟು; 
| ಟಾಮಗಾರಿವಾರು ಸಂಪೂರ್ಣ ವಿವರ 
ನೀಡುವುದು) 


ಈರ ಾವಾಗಾಗನನ್ನಾಸಡರಕಾವ]  ನಿವರೆಗಳನ್ನು ಅನುಬಂಧದಲ್ಲಿ ಲಗತ್ತಿಸಿದೆ. 


ಗುತ್ತಿಗೆದಾರರು/ಿಜೆನ್ನಿಗಳ ವಿವರ 
ನೀಡುವುದು; ಈ ಕಾಮಗಾರಿಗಳು ಪ ಪ್ರಸ್ತುತ 
ಯಾವ ಯಾವ ಹಂತಗಳಲ್ಲಿವೆ: ಈ 


ಕಾಮಗಾರಿಗಳಿಗಾಗಿ ಜನವರಿ- 2021 
ರವರೆಗೆ ಬಿಡುಗಡೆ ಮಾಡಿರುವ 
ಅನುದಾನವೆಷ್ಟು; ಕಾಮಗಾರಿವಾರು 


ಸಂಪೂರ್ಣ ವಿವರ ನೀಡುವುದು; 


ಇ) ಈ ಯೋಜನೆಯ ಕಾಮಗಾರಿಗಳೂ ಕಪ] ಎತ್ತನಹಾಳ 'ಸಮಕ್ಷ ಕುಡಿಯವ ನೀರನ 
ಗುಣಮಟ್ಟ ಹೊಂದಿವೆಯೆಂದು | ಯೋಜನೆಯ ವಿವಿಧ ಕಾಮಗಾರಿಗಳು ಪ್ರಗತಿಯಲ್ಲಿದ್ದು, 
ಸಾರ್ವಜನಿಕರಿಂದ "ದೂರುಗಳು | ಸದರಿ ಕಾಮಗಾರಿಗಳು ಕಳಪೆ ಗುಣಮಟ್ಟ ಹೊಂದಿರುವ 
ಬಂದಿರುವ ಬಗ್ಗೆ ಸರ್ಕಾರದ ಗಮನಕ್ಕೆ | ಬಗ್ಗೆ ಇದುವರೆಗೂ ಸಾರ್ವಜನಿಕರಿಂದ ದೂರುಗಳು 
ಬಂದಿದೆಯೇ; ದೂರುಗಳು ಬಂದಿದ್ದಲ್ಲಿ | ಸರ್ಕಾರದ ಗಮನಕ್ಕೆ ಬಂದಿರುವುದಿಲ್ಲ. 

ಸದರಿ ಕಾಮಗಾರಿಗಳನ್ನು ನಿರ್ವಹಿಸಿರುವ 
ಗುತ್ತಿಸೆದಾರರು/ಏಜೆನ್ನಿಗಳು ಮತ್ತು 
ಕಾಮಗಾರಿಗಳ ಮೇಲ್ವಿಚಾರಣೆ ವಹಿಸಿರುವ 
ಅಧಿಕಾರಿಗಳ ವಿರುದ್ಧ ಯಾವ ಕ್ರಮ] 
ಕೈಗೊಳ್ಳಲಾಗಿದೆ; (ಪ್ರಕೆರಣವಾರು ವಿವರ 
ನೀಡುವುದು) 

ಸಂಖ್ಯೆ: ಜಸಂಇ 37 ಡಬ್ಬ್ಯೂಎಲ್‌ಎ 2021 


ಸೆ 
(ಬಿ.ಎಸ್‌ ಯಡಿಯೂರಪ್ಪ) 
ಮುಖ್ಯಮಂತ್ರಿ 


ಸ "ಅನುಬಂಧ 
ವಿಧಾನ ಪರಿಷತ್‌ ಸದಸ್ಯರಾದ ಮಾನ್ಯ ಶ್ರೀ ಹೆಚ್‌.ಎಂ.ಮೇಶಗೌಡ (ವಿಧಾನಸಭೆಯಿಂದ ಚುನಾಯಿತರಾದವರು) ಇವರ ಪ್ರಶ್ನೆ ಸಂಖ್ಯೆ: 1360 (1566) ಕ್ಕ ಅನುಬಂಧ 


Rs. In Crores 
Expenditure Cumulative 
$1 | Package i hE Name Ring Amount of ಮ Expenditure | pec arks 
lame of Wo! gen: - P| uptojan 
No.| No. (M/s) Contract | 201718 | 201819 | 201920 {pn 2021) pos 
ba a 
12 3 4 5 6 7 [) 3 10 11 
Esublishing 1X500 MVA, 400/ 220 KV sub- 
station at Hebbanahallf and formation of LO] KEC Work 
1] _° [system for 400 KV double circuit line &] international | 265.94 99.65 87.79 30.20 0.00 217.65 nearing 
Establishing 2x50 MVA, 220/ 66/11 KV sub-} Ltd. Gurgaon completion 
station at Chikkanapara — 
Supply of materials, construction and /s GVPR ೫ Work under! 
2] |commissioning of 220 KV. 6SKV ansmission} p einers Led] 3262 - 53.71 30.42 11.60 95.73 fabian 
line for Yetrinahole Project 
Construction of Gravity canal from Km 
198000 to Km 199620 (Comprising 
‘excavation, formartion of embankment, CC; 
lining using mechanical paver, including} Ocean Wericund 
3| t structures) & construction of major aquducti Construction | 23539 2045 21.28 67.29 27.37 136.09 ಬ 
from Km 199620 tw Km 201880 with| india Limited 
required discharge of 93.50 Cumecs under! 
Yettinahole Project (Package-i} (indent 
No.703) 
[ [shan Fi 
[construction of Major Aqueduct of Yettinahoie|Shankarnaray 
‘Gravity Main canat from Km 201880 Km to an N Work under 
. 4 3 .9 17 287.87 
$| HU [206.350 Km with required discharge of 93.501 Construction | #316 440 1 974 33 progress 
[cumecs under Yettinahole Project (Package-tl) |  (P}Led. - 
Constracdon of Major Aqueduct ol PETE 
Yeninzhaoie Gravity Main canal from Kem Weider 
5} 1 206350 Km w 210090 Km with required] GShankar | 34493 3449 458 9415 30.54 197 ess 
discharge of 93.50 cumecs under Yettinahole R 
Project (Package-Ill) {indent No.705} ್ಥ 
Construction of Tunnel from KM 0.000 to KM 
1.156/1.500, KM 29.140 vo KM. 30.380 & 
Gravity canal from KM 1.156/1.500 to KM[Shankarnaray| 
7.000. KM 29.000 w KM 29.140, KM 30.380 to an Work under 
p p - 7 
6] TT [km 30931/31000 comprising of Earthwork| Construction | 2651 2133 172, 348 ಹ progress 
excavation of CD works like Aqueduct and (Pld. 
[other structures under Yettinahole project] 
(NGC-Package-f) 
Construction of Tunnel from Ch.0.000 Km tojShankarnaray; y 
1.156/1.500 Km & Aqueduct from Ch.5.440 an ® 1 Work under| 
7| WB [fm to 6680 Km of Yeutinahote Gravity Canall Construction | 37 $ 14 13908 | Progress 
{YGC PKG-14) {indent No.1090) P) Lud. 
[Construction of Gravity canat from KM 7.00 tol 
Km 14.00 comprising of Earthwork excavation, 
formation of Embankment, CC lining using} Amruth Work under| 
8] 1 mechanical paver. including construction of] Construction | 13058 - 18.29 17.04 - 35.33 pian 


Ico works, RCC through Aqueduct & other] Pvclid. 
structures under Yettinahote Project (¥GC-PKG 
_ Ji (No275) 


Conswuction of Gravity canal from KM 14.001 

to Km 2400 comprising of Earthwork 

excavation, formation of Embankment, CC] Bo 
9| I fining using mechanical paver, including| GShankar |} 3228+ 790 123.81 8775 13.81 223.28 ಸಹ 
construction of CD works, RCC through prog 
Aqueduct & other structures under 
Veutinahole Project (YGC-PKG-II1) (1 No.276) 


‘Construction of gravity cana! from Km 24.000; 
‘to 55,000 KM (Excluding Tunnel reach from 
KM 29.000 to KM 31.000 & KM 49.500 to KM 
51.500} comprising of earthwork excavation DY.Uppar & £ _ 
formation of embankment, CC lining inctuding] Sons 4 k 13710 6737 22447 | progress 
construction of CD works like Chute, Aqueduct] g 

& other structures under Yettinahole Project 


(YGC PKG-IV) | 


10 iV Work under. 


Construction of Tunnel from KM 50.050 to KM 
50.780 Gravity canal from KM 49.500 to KM 
50.050, & KM 50.780 to KM 51.500 comprising A Weed 
lia) v Jor Earthwork excavadon, formation 2 ನ 86.18 p 27.99 1286 1102 5187 | 

Embankment, CC Lining using mechanical 
paver including construction of CD works 


under Yettinahole project (YGC-Package-V) 


| 
Construction of Gravity canal from KM 55.00 
to Km 6400 comprising of Earthworki 
excavation, formation of Embankment, CC} Amruth Work under 
12 vi lining using mechanical paver, including Construction 21463 - 17.45 25.45 1146 5436 progress 


construction of CD works, RCC through} PrtLd. 
[Aqueduct & other structures under 
Vetrinahole Project (¥GC-PKG-Vi) (| No.889} 


SL; 


Name of Work 


Name of the 
Agency 
(M/s) 


Amount of 
Contract 


Expenditure 


2017-18 


2018-19 


2019-20 


2020-21 (Up| upto Jan 
toJan 2021)| 2021 


Cumulative 
Expenditure 


Remarks 


13 


3 


7 


9 


19 


VIL 


Construction of gravity canal from KM 64:00 to 
80.00 comprising of earthwork excavation, 
formation of embaankment, CC lining using 
mechanical paver including construction of CD] 
works, chute, RCC through aqueduct, Tunnel 
other structures under YCC PKG-VIf) (lndent] 


No.890) I 


RNS SCN 


Shankarnaray 
an 
Construction 
(Pld. 


432.62 


223.43 


10493 


0 


335,63 


A 


Work undec! 
progress 


14 


VIE 


Conswruction of Gravity Canal from 80.00Km to 
89.00Km comprising of Earthwork Excavatin. 
Formaion of Embankment, CC lining using! 
Mechanical Paver, including construction of] 
ic works, other structures under Yettinahole 
Project (1 No.891} (YGC-PKG-Vili 


—T 


Reddy 
Veeranna 
Construction 
Pye Lid 


117.95 


14.33 


13.33 


4.71 


32.38 


Work under 
progress 


15 


Construction of Gravity canal from KM 89.00 


excavation, formation of Embankment, CC] 
lining using mechanical paver, including 
construction of CD works, RCC through 
Aqueduct & other structures under 
Yertinahole Project (YGC-PKG-1X) (| No.892} 


to Km 9800 comprising of Earthwork] 


G.Shankar 


136.55 - 


103.73 


22.59 


2.62 


128.95 


—— 


Work under 
progress 


16 


Conswucnon of gravy canal from KM 98.00 to 
98.940 & KM 99.960 to 100.00 including 
eunnet from 98940 to 99.960 comprising of] 
earthwork excavation, formation of 
embaankment, CC lining using mechanical 
paver including construction of CD works, 
other structures under YGC PKG-X) (indent 
No.893) 


Shankarnaray 
an 
Construction 
(P) Lud. 


83.07 


6.92 


37.23 


7266 


Work under! 
progress 


17 


x 


270.287 w Kim 177.270 & 192,220 wo 182,500 
(comprising of Earthwork Excavation, 
Formation Embankment, CC lining using! 
mechanical paver including structures) and. 
Major Aqueduct from Km 177.270 to Km 
182220 under Yettinahole Project (indent 
}No.859) 


Construdion of Graviy Canal from Km 


BSR Infratech 
India Ltd. 


443.83 


13.34 


101.13 


36.37 


150.83 


Work under 
progress 


18 


Xl 


Construction of Gravity canal from KM: 
182.500 to Km 182.530 & Km 183.210 to Km 
198.000 {comprising of excavation, formation 
of Embankment, CC ilaing using mechanical 
paver, induding ‘ structures) and Major 
Aqueduct trom Km 182.530 to Km 183.210 
with required discharge of 43.50 cumecs 


Star Builders 
Infratech 


180.25 


36.73 


13.72 


$5.55 


Work under 
progress 


19 


pels 


[Gm Gravity canal from KM 
210.090 to Km 22200 comprising of 
excavation, formation of Embankment, CC 
lining using mechanical paver, including 
construction of CD works & Aqueduct from Km 
219420 w Km 221740 under Yeinahole 
Project (YGC-PKG-XIID) (1 No.978) 


G.Shankar 


315.22 


95.65 


55.84 


0.00 


151.49 


Work under 
progress 


20 


XIV 


‘Gnstruction of gravity canal from KM 222.000] 


formation of embankment, CC ning using 
mechanical paver including construction of CD] 
works, other structures under YGC PKG-XIV) 
{indent No.1012) 


0 240000 comprising of iN 


an 
Construction 
(P)Led. 


246.67 


2.96 


36.87 


16.69 


56.53 


Work under| 
progress 


21 


XV 


Constwuction of gravity canal frou KM 100.000 
lw 115.000 (comprising of earthwork 
excavation, formation of embaankment, CC 
lining using mechanical paver including 
structures & Aquaducts under YGC PKG-XY) 
|tingent Ne 1088) 


PUR Projects 
Pvt Ltd. 


388.82 


706 


706 


Work under 
progress 


Construction of Gravity canal from Km 
115.000 to Km 120.000 and Aqueducts {YGC- 
[eT 


M/s SNC Pvt 
LTD 


485,51 


0.00 


Work under| 
progress 


24 


XVH 


Construction of Gravity canal from KM 120.00 
w Km 127.00 including Aqueduct & structures 
under Yettnahoie Project {YGC-PKG-XVIY) (1 
No.1116) - 


G.Shankar 


nl 


273.85 


3.13 


3.13 


Work under, 
progress 


XVIE 


[Construction of gravity canal from KM 127.000 
w 137620 (comprising of Earthwork 
excavation, formation of embaankment, CC 
lining using mechanical paver including 
swuctures and Major Aqueduct from Km) 
. 134.980 to 137.620} under YGC PKG-XViil} 
(indent No.1104} 


Shankaraaray 
an 
Construction 
(PyLid. 


541.00 


168.88 


168.88 


Work under 
progress 


125. 


XX. 


‘Construction of Gravity canai from Km 
137.620 to Km 140.700 (including swuctures 
land_Major Aqueduct from Ch:137,620 km to 


Ocean 
Construction 


Ch:139.510 km} (YGC-PKG- XiX) Indent No- 
1116 


India Limited 


203.69 


22.93 


90.66 


Work under! 
progress 


ಲ 
r } » Name of the Expenditure Cumulative 
J >| Package A tof 
{ ‘no. Name of Work Agency paras i Expenditure | per arks 
" (M/s) n 2047-18 | 201819 | 2019-20 upto Jan 


toJan 2021) ‘2024 


373 3 f 4 5 § 7 F] 3 FT) Fel 
[7 Construction of Gravity canal from KM + 

140.700 to Km 14600 (comprising of] 
excavation, formation of Embankment, CC k - 

26} XX lining using mechanical paver, inciuding] GShankar | 22608 ಫಿ B - 18.75 ggg: Work ander 
' structures & Major Aqueduct from Kral press 
140.740 to Km 142.110) under Yerinahole 


Project (YGC-PKG-XX) al id ( 
] Construction of Gravity canal from Km| ABhupal ‘Work under 
27) XA fc oookm 156.00 (YGC-PKG- XX1) Reddy 49932 a4 4 pf po progress 
Construction of Gravity canal from Km 


156000 w Km 161203 (Comprising 

excavation, formartion of embankment, CC 

28] xxu [ning using mechanical paver, including ಲ 
structures) & construction of major aquduce| |” antha| 13281 ನ A - 1548 1344 

from Km 157350 to Km 157980 under] P™ 

“Weuinahole Project (Package-XKl) {indent 


Work under 
progress 


[No.1119) 
2 3 Ms BSR - T 
Construction of Gravity Canal from Km 240.00] BIS | gg 3 § § | 900 [Workunder] 


KX 
to Km 244.35 (YGC-Pkg -XXIID. ad progress 
—f Ju | 
30 ouv |Conssuction of Gravity Canal from Km 244.35| Sarals Viscon | 16262 _ 000 | Workunder 
to Km 249.15 (YGC-Pkg XXIV). l p i ¥ 2 ಢಿ ogress 
] } V). [4] prog: 
Construction of TGHalli & Ramanagara 
[Gravity feeder canal (Length about 52.89 Km} 
31) - [including lift component (Length about 12.06] ನ 1325.96 _ ಸ 361.77 11403 41580 |Mo Ander 
IKm} under Yettinahole’ Project (Indent ] | Progr 
No.1087) 
Construction of Baianancing Reservoir atl 
32) - [Ch259400 Kn of Yettinahole Gravity Canal[ DYUppar& | 59234 K _ 000 | Workunder 
near Bairagondia village of Koratagere Taluk (i Sons k ೪ progress 
No.710) : 
Construction of Gowribidanur Gravity ನಾ] 
from Km 0.00 to Km 81.600 Comprising ol 
_ PSE 91] DY infra- Work under! 
33] 1221 [supply installation, Testing & commisioning if] “Sic 863.49 6027 15824 | DI | ss 


Gravity MS Pipe, including structures under YP 


1 No.1221) [ 
Construction’ of Madhugiri Gravity Feeder! y 

‘Open Canal from Km 0.000 co Km 1.710 and - 

supply, Installation, ‘ Testing and Lil Work und 
34| MGF4 [Commissioning of Gravity MS Pipe, from Km ಕ 751.64 - 4 3 73.58 7358 ed 
1710 to Km 38.000 including Structures, 


under Yetuinahole Project 


1 No.11941 (MGF-Pke 1), ವ 

MLNo.9H (MCF-Pe- —————— 

Construction of Madhugiri Gravity Feeder] Megha 

from Km 38.000 to Km 120.488 comprising ofl Engineering Work under! 
35 | MGF-tl [suppty, installtion, Testing and commissioning & 610.30 - - 58.50 2 58.50 progress 


lof Gravity Pipe including structures under} Infrastructur 
Yettinahole Project. (MGF Pkg-l1) {1 No.1195) esltd. 


TOTAL 12232.96 238.70 1178.19 1565.55 860.85 3853.36 


